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8820 Bellanca Avenue e Los Angeles 45, California ; 
ORchard 1-617] or ORegon 8-716) pate 2/9/56 CHANGE NO. 2 


CHANGE AFFECTS 
STATINAL | ay me PURCHASE ORDER NO. 25-17939 
Purchase Requisition No. 19236D - 21859 


v 
E 
D EFFECTIVE DATE OF CHANGE 
°o (Same As Above If Not Shown) 
R 
L A Terms and conditions of our original order are not affected 
by this change pia alc as noted hereon. 
Purchase CHANGE NOTICE 
Order _— 
CHANGE PRICE fel DELIVERY (7j DESCRIPTION [J 
AFFECTS: TERMS [7] - QUANTITY (J OTHER O 
ITE. JAN. __ CHANGE FROM ____| ITEM CHANGE TO 
1 360pas. 50401537 Reel Guide Assembly @ L 360 pes. 50401537 Reel Guide Assembly 
$18.90 ea, | per Revision "A" dated 2/2/56 
@ $19.55 Ea. 


Additional cost to cover additions 
select fit of bearings and 
addition of shims as required per 
print-vendor furnish shims. 


STATINTL 


REASON FOR CHANGE es CONFIRMED 


Engineering Change REFERENCE 
Price Change 


5041-02 
THE RAMO-WOOLDRIDGE CORPORATION 
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